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Message Text 

UNCLASSIFIED 

PAGE 01 MANILA 09499 070958Z 
ACTION XMB-04 

INFO OCT-01 EA-12 ISO-OO OES-07 EB-08 COME-OO NRC-07 
DOE-15 SOE-02 CIAE-00 INR-10 NSAE-00 /066 W 

093584 07233 1Z/66 

R 070939Z JUN 78 
FM AMEMBASSY MANILA 
TO SECSTATE WASHDC 6830 

UNCLAS MANILA 09499 

E.O. 11652: N/A 
TAGS: ENRG, RP 

SUBJECT: PROGRESS AT WESTINGHOUSE NUCLEAR POWER PROJECT 

1 . SUMMARY: WORK ON THE PHILIPPINES NUCLEAR POWER 
PROJECT IS AHEAD OF SCHEDULE AND PROGRESSING WELL. END 
SUMMARY. 

2. THE FOLLOWING STATISTICS ARE GIVEN ON DATA SHEET 
PROVIDED BY WESTINGHOUSE IN BINDER CONTAINING PHOTO- 
GRAPHIC RECORD OF THE HISTORY OF THE CONSTRUCTION OF 
THE FIRST NUCLEAR POWER PLANT TO BE BUILT IN THE 
PHILIPPINES. STATISTICS ARE AS OF MAY 1, 1978: 

- ENGINEERING PROGRESS 50 PCT COMPLETE 

- PROCUREMENT PROGRESS 42 PCT COMPLETE 

- CONSTRUCTION PROGRESS - OVERALL AHEAD OF SCHEDULE 

- STATUS 6.75 PCT COMPLETE 

- SITE PREPARATIDN/EARTHWORK 4,809,728 M3 

- CONCRETE PLACED 49,201 M3 

- REINFORCING STEEL INSTALLED 7.531.56MT 

- CONTAINMENT VESSEL ERECTION 22.3 PCT COMPLETE 

- CALENDAR DAYS FROM START OF 
UNCLASSIFIED 

UNCLASSIFIED 

PAGE 02 MANILA 09499 070958Z 

SITE WORK 760 

- AVAILABLE WORK DAYS 516 

- TOTAL MANHOURS EXPENDED 3,945,000 

- PRESENT MANPOWER: 

MANAGEMENT/STAFF 549 

CRAFTSMAN 2,653 

- MAJOR EVENTS: 
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- SITE PREPARATION COMMENCED 4-01-76 

- FIRST CONCRETE PLACED 8-29-77 

- CONTAINMENT VESSEL ERECTION 

COMMENCED 2-03-78 

- START SLIPFORMING SHIELD WALL 3-30-78 

- COMPLETE SLIPFORMING 5-04-78 

- CONSTRUCTION SAFETY AT PLANT SITE: 

- SERIOUS INJURIES/DEATHS NONE 

3. PHOTOGRAPHIC RECORD IS BEING AIRPOUCHED TO EXIMBANK, 
ATTENTION; I AMES MAHONEY. MURPHY 


UNCLASSIFIED 
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